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All, 


Please see below for the weekly update regarding construction work in PSFA: 


• Roof work was not able to occur last weekend, due to the rains. Roof work is expected to continue this weekend, as 
rain is not predicted. Select areas of the roof will be drained of standing water starting Friday morning in preparation for 
the roof work this weekend. Some fumes may be experienced within the building as a result of the water being drained 
and off-gassing of the roofing materials. We will have fans set up on the roof to dissipate any fumes away from the 
building and charcoal filters at air intakes will be secured. Air scrubbers have been installed in the hallway at each floor, 

and box fans are available for distribution, if needed. Please continue to keep windows closed at the 3'^'^ and 4'’*^ floors to 
keep fumes from entering the building. Jennifer Roessling will continue to walk the building each day to relay any 
concerns to the project team. 

• A State Fire Marshal inspection occurred on 2/19, and, unfortunately, approval for the use of chemicals in the 
building was not received. Per the State Fire Marshal, all (7) permanent exhaust fans will need to be installed on the roof 
before sign-off on chemical use is received. These fans are unable to be installed until roof work is complete at each fan 
location. We have found a temporary space to move the ENS teaching lab until approval is received for chemical use 
within the PSFA Building. We anticipate approval will be received within 4-5 weeks, as long as we have favorable weather 
conditions over the next several weekends. 

• Weekly project update meetings have been established with the College of PSFA and the floor ENS occupants. If 
any other Colleges would like to set up a weekly meeting to discuss ongoing concerns related to this project, I would be 
happy to meet with a College representative. 


Please let me know if there are any questions. 


Thank you, 
Amanda 


From: Robert Schulz < rschulz( 5 )sdsu.edu > 

Sent: Tuesday, February 12, 2019 4:55 PM 
To: Donna Conaty < dconatv (S >sdsu.edu > 

Cc: Brittany Santos-Derieg < bsantosderie g(S )sdsu.edu >: Tom McCarron < tmccarroni 5 )sdsu.edu >: Amanda Alpiner 
< aalpiner( 5 )sdsu.edu >: Amanda Scheidlinger < ascheidlin ger(5 )sdsu.edu >: Neil Murphy < nmur phv(5 )ocmi.com > 
Subject: Re: PSFA Occupant Impact Update - 01/25/2019 


Hi Donna, 
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First of all, I believe PDC and I owe you and all of the building occupants a huge apology. We 
understand that this project has had a tremendous impact on everyone inside the building, and I don’t 
believe we’ve done an effective job communicating to everyone the impacts. Beyond an apology, which I 
fully realize has only limited value to those of you in the building, we owe you a plan of action to improve 
our performance on this project. 

Our Immediate Recovery Plan: 

Work will now only occur on weekends & at night. Assuming it doesn’t rain, we’ve scheduled the 
roof work to occur for the next three weekends. This will mitigate the immediate odor issues with the 
materials, but may not alleviate all off gassing concerns. We’re providing an ample supply of fans (10 per 
floor) that will be available to any faculty member that smells anything out of the ordinary. Furthermore, 
we’re investigating how many negative air machines we can get if necessary. 

Roof Work: 

o We’ll be investigating placing snorkels around the air intake vents (that are currently sealed with a 
double charcoal filter). This could hopefully alleviate any odorous air from entering the building, 
o We’ll be placing large fans on the roof to dissipate any fumes 

o We’re investigating methods to accelerate the off gassing, so it can occur more quickly, under 
supervised conditions (more to come on this) 

Weekly construction updates via email, including what to expect in terms of impacts, will be sent to 
all occupant leaders. 

We’re working towards a 2/19 SFM inspection date to bring chemicals back in labs 416 & 377. 


We’ve implemented the following moves with increased staffing for oversight of this project: 

Added Staff: 

o Jennifer Roessling, OCMI: Jen will walk the building 3 times per day to check in on any occupants 
and check on any pending concerns. She’ll also be able to give any occupants a current plan of any 
work that is scheduled to take place. She plans to visit the building in the morning, after lunch, and as 
the day wraps up. Please keep an eye out for Jen - she’s not only friendly, she’s well versed in the 
construction of this job so she’ll be sure to keep everyone updated if they’re curious. She’ll make her first 
walk tomorrow (Tuesday) around 9:30am. 

o Conner Ahern & Due Vu, OCMI: We’ve increased construction oversight to be sure the construction 
team remains on point. Someone from the OCMI team will personally walk the halls of this building every 
morning after any construction work took place and check fumes, be sure filters on intake are tight, 
check for any odorous materials left open, etc. 

PDC, OCMI & DPR will meet daily first thing in the morning to discuss daily tasks & any concerns 
that are present. 


We’d like to suggest the following: 

We’d like to schedule a weekly check-in with the Dean’s office to update everyone on the 
upcoming construction activity. In our experience, email only goes so far, so I believe getting together in 
person will help alleviate anyone’s concerns with the progress of this job. We can be available at your 
convenience. 

We ask that occupants please keep windows closed (to keep any fumes from roof materials out) 
and the building front doors open (in order to bring in clean inside air) 

All complaints should continue to go through Amanda Alpiner, and not to the GC or subcontractor. 

We appreciate your patience and look forward to working with you all on a significantly better path 
forward! 

While I don’t want to undermine the importance of working with our Project Manager Amanda Alpiner, I 
do want to note that you should always feel free to call me directly should you feel the project is going off 
the rails. While I suspect you already have it, my mobile number is 619.219.9778. i’ll be checking in with 
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this project personally weekly until we are fully complete, and we’ll be sending you a weekly project 
update to help ensure we’re being as transparent as possible in managing and completing this project. 


Bob 


Robert Schulz, AIA | San Diego State University 

University Architect / Associate VP, Real Estate, Planning & Development! 619.594.60171 rschulz@sdsu.edu 


On Feb 8, 2019, at 4:48 PM, Donna Conaty < dconat v@ sdsu.edu > wrote: 


Hi Folks, 


Just a heads up that has been trying for staff, faculty and students in the PSFA building due 
to noxious fumes from the roofing project. I’m sharing this thread with you to show the level 
of frustration. This is the second time we have shut down operations. 


People have reported experiencing bloody nose, headaches, migraines triggered and 
nausea. 


D 


-Forwarded message- 

From: Belinda Vasquez < bvasquez@sdsu.edu > 

Date: Fri, Feb 8, 2019 at 6:36 PM 

Subject: Fwd: PSFA Occupant Impact Update - 01/25/2019 

To: Sherry Ryan < SRYAN @ sdsu.edu >. Julie O'Connor < JOCONNOR@sdsu.edu >. Nora 
Leyva <nlevva@ sdsu.edu >. Maggie Shoya < msho va@ sdsu.edu >. Noah Arceneaux 
< noah.arceneaux@sdsu.edu >. Carl Winston < CWINSTON@sdsu.edu >. Renata Pawluk 
< RPAWLUK@sdsu.edu >. Desiree Warren < dwarren@sdsu.edu >. Kimberly Stull 
< kstull @ sdsu.edu >. Candy Flynn <cflvnn@ sdsu.edu >. Josefina Ly <i osefina.l v@ sdsu.edu >. 
Theresa Luu < tnluu2 @ sdsu.edu >. Alane Lockwood < alockwoo @ sdsu.edu >. Andrea Cornell 
< acornell@ . sdsu.edu >. Annie Foral < aforal@sdsu.edu >. Christianne Penunuri 
<c penunuri@sdsu.edu >. Donna Conaty < DCONATY@sdsu.edu >. Eric Logan 
<a chin@sdsu.edu >. Giancarlo Taylor < GTAYLOR @ sdsu.edu >. John Petreikis 
< JOHN.PETREIKIS @ sdsu.edu >. Jordan Maharaj <j mahara j@ sdsu.edu >. Kevin Perez 
<k perezarce@sdsu.edu >. Lina Alonzo < lalonzo@sdsu.edu >. Lizbeth Price 
<l price @ sdsu.edu >. Mary Darling < mdarlin g@ sdsu.edu >. Renee Rodriguez-Merino 
< rrodri a uezmerino @ sdsu.edu >. Teresa Woods < teresa.woods @ sdsu.edu >. Sarah Brewer 
< sbrewer@sdsu.edu >. Pamela Groth <pa roth@sdsu.edu >. Bey-Ling Sha < bsha@sdsu.edu > 
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